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BILL NO. S=85=11- [pe 


SPECIAL ORDINANCE NO. S- 





AN ORDINANCE approving Change Order 
#1, Res. 6016-85, Pointiac Place 

NSA, Phase IV-B (Eckert), with Mergy 
Construction Co., Inc., in connection 
with the Board of Public Works and 
Safety of the City of Fort Wayne, 
Indiana. 


NOW, THEREFORE, BE IT ORDAINED BY THE COMMON COUNCIL OF 
THE CITY OF FORT WAYNE, INDIANA: 

SECTION 1. That Change Order #1, Res. 6016-85, Pontiac 
Place NSA, Phase IV-B (Eckert), with Mergy Construction Co., Inc., 
in connection with the Board of Public Works and Safety, for: 


overun on Item #3 concrete removal; 
Item #10 concrete pavement 7" 2" 
recess, and item #11 asphalt is due 

to the fact that the water main had 

to be lowered in 2 different loca- 
tions. Also when the curb was re- 
moved, it went into the side streets 
two additional feet more than was 
originally planned. The new item, one 
was a yard drain. This drains a 

water pocket in the alley outside 

the scope of the project. Without 
this drain part of the alley would 
have to be removed and replaced 
costing considerably more. The 

second item is placing street light- 
ing conduit in trench or boring 

under the streets and alley approaches. 
By installing the conduit in the exist- 
ing sewer trench saves the cost of 
pushing conduit at a later date. The 
average cost of pushing conduit is 
$6.00 per foot; 


involving a net increase of Four Thousand Three Hundred Twenty- 
Two and 85/100 Dollars ($4,322.85), all as more particularly set 
forth in the specifications, and which is on file with the Office 
of the Board of Public Works and Safety, and is by reference 
incorporated herein, made a part hereof and is hereby in all 


things ratified, confirmed and approved. 








(Of Gere 1. Op. dO ee OS Na a 


— 
o 


11 
12 
18 
14 
15 
16 
17 
18 
19 
20 
21 
22 
23 
24 
25 
26 
27 
28 
29 
30 
31 
32 

















Page Two 
SECTION 2. That this Ordinance shall be in full force 
and effect from and after its passage and any and all necessary 


approval by the Mayor. 


4 , 


ncilmember 


APPROVED AS TO FORM 
AND LEGALITY 












Bruce O. Boxbergef, City Attorney 








Read the first time in full and on motion by ° NE a ny 
seconded by 7 $ , and duly adopted, read the second time 


by title and referred to the Committee (and the City 
Plan Commission«for recdamendation) ard- Public Hearing to be held after 


due legal notice, ginta ee City-County Building, Fort Wayne 
Indiana, on day of 


P GS) se ee ‘clock SM coy Eee 
DATE: Jf ~>-6-F xs 





SANDRA E. KENNEDY, CITY CLERK 


Read the thivd time in full and on motion by CL pere) n 
seconded by ee Kar , and duly adopted, placed on its 
passage. PASSED LOST) by the following vote: 
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Sig? d'es homes 
DD aa et z ; ra 
DATE: Ai A 4S 
SANDRA E. KENNEDY, CITY CLERK 
Passed and adopted by the Common Council of the City of Fort 
Wayne, Indiana, as ( XATION) (APPROPRIATION) (GENERAL) 


(SPECIAL) (ZONING MAP) ORDINANCE (RESOLUTION) NO. Veh Le ae 
a fe fi) : re 
on the J? 7G day of Leon, dar) ç as Ki : 


Pi. Ces (SEAL) . 
Pee : : id ; 


SANDRA E. KENNEDY, CITY CLERK E 






Presented by mé to the. Mayor of, the City of Fort Nayne, Indiana, 


on the EE, EA day of , 19 see apes 
at the hour of SE Cael ide eg 

/ í $ 

SANDRA E. KENNEDY, CITY CLERK 
Approved and signed by me this [Qe day of TUEA E RA 
19 és A at ‘the hour of 30 o'clock "ag Mer Be Sta T 
DOI NR ene EE a ise 
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WIN MOSES, JR., MAYOR 


CHANGE ORDER 


Change Order No. ! 1 Resolution No. 6016-85 
Project No. 10,593 Board Order No. 17-85 
Name of Project Pontiac Place NSA, Phase IV-B(Eckert) Date Nov. 15, 1985 
to:  MERGY CONSTRUCTION CO., INC. 3 
"achat a e SS AERO OS Oa ed 
(Contractor ) 
Gentlemen: 


You are hereby requested to comply with the following changes from the contract plans and 
specifications: : ieee 





Item Description of Change Change in Contract Price 
No. “\oent#ty P Material oP eb Unit Price 





Total Decrea se 


Total Increase 


Net (DeXxxXX&X) (Increase) Contract Price _ 4,332.85 


4533228 A 
The sum of $ ssa is hereby (added to) KABNXEXEXXY¥mm) the total contract 
price, and the final contract price shall be adjusted as follows: 

Original Contract Price ee Cee eee 
Current Contract Price Adjusted by Previous Change Order $ -0- 
New Contract Price Including this Change Order Em P 88,047.84 


The time provided for completion in the contract for this project. is (unchanged) (increased) 


(EFE by OP calendar days due to this Change Order. The date for completion 
of all work shall be N/A. . Furthermore, this document shall become an, 


amendment to the contract and all provisions of the contract shall apply hereto. 


IEE EEIE by: A AA ee i ‘(Chief OO Engineer) Date i -ZE - P: 
s Ç o res S ae ENA n 
Accepted by: ZZ Mak Le) Az Contractor) Date bs Ll TE 
A 


OO TT eT: 
Approved by: City Engineer) Date —/f ES 


ae 5 
Approved by: Lauk y Bp Baa teres Yes R2O-Ps 


X NE } ; a \ 
Attested by: ~ JO on d ; i ho 0. eS Oe ae: Date / [tO oe 





to 


Change Order No. 
A i Resolution No. : è 


i Board Order No. 17-85 
REQUEST AND JUSTIFICATION FOR CHANGE 


Necessity for change: _The reason for overun on Item#3 concrete removal, Item #10 


concrete pavement 7" 2" Recess; and item #11 Asphalt, is the fact that the water main 


had to be lowered in 2 different locations. Also when the curb was removed, it went 


E Sia ra sce S E a SE a E T, 


into the side streets two additional feet more than was originally planned. 
e SE A A ee RI DO RS 


The new item, one was a yard drain. This drains a water pocket in the alley outside the 
scope of the project. Without this drain part of ie would have to be removed and 
replaced costing considerably more. The second new item is placing street lighting -conduit 
in trench or boring under the streets and alley approaches. By installing the conduit in th 
existing sewer trench saves the cost of pushing conduit at a later date. The average cost 


of pushing conduit is $6.00 per foot. 


Will proposed change alter size of the project? Yes No XX 


If yes, explains „oaa a a 


3 oe ' i 
CREE se ee oy DE As Dl ee ee 
Affect on operation and maintenance cost of. this project: 


No Change 


r 












Richard. Knappenberger Engineer 


6016-85 CONTRACTOR MERGY CONST. 


RES. 'ND: 


PROJECT: PONTIAC PLACE NSA 


17-85 DATE NOV.15,85 


BAD: 


CONTRACT COST ANALYSIS 


PLAN i ACTUAL i UNIT i, CHANGE : CHANGE : TOTAL à 


MATERIAL 
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“CONCRETE PAVEMENT 7° 2"RECESS — 


ES 


1SUBSURFACE DRAIN 


12 


455.00 i 1510.00 


1.00 


Age 


855 


“SEEDING, FERT., MULCH & FINE GR! 855- 


LT 


0.00 


0.00 | 12935.50. i 


492.00 4 


20.50 i 


631 i 


655 i 


PIPE 18" CLASS IV 


14 


18.00 | 126.00 | 0.00 i i 


108 i 


115 


4 PIPE 12" CLASS V 


15 


1944.00 


tINLET TYPE I-C 


16 


"5690.00 1 


1138.00 


0600 1138.00 | 


5} 1138.00. 
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MANHOLE TYPE I-C 
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1670.00 


0.00 | 


0.00 | 


1670.00 | 
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CB TYPE I-C 


18 


250.00 $ 1250.00 


0.00 $ 250.00. 


350.001 0.00 
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TREE REMOVAL 


19 


962.50 3 
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0.00 | 
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$8,064.50, $88,047.84 


$3,731.65 


TOTALS: 


5 K 11 0 W = 
= Admn. Anpr. 


TITLE OF ORDINANCE Change Order fi, Res. 6016-85, a ua Place = Phase IV-B (Eckert) 


p j = = sl ( — 
DEPAREMENT REQUESTING ORDINANCE; DOMtS Of Public Works Ç Safety hed 


SYNOPSIS OF ORDINANCE Change Order #1, Res. 6016-85, Pontiac Place NSA, Phase IV-B 
(Eckert) is necessary for overun on Item #3 concrete removal. Item #10 concrete pavement 


/ 


7" 2" recess, and item #11 asphalt is eee that the water main had to be lowered in 

2 different locations. Also when the curb was removed, it went into the side streets two 
additional feet more than was originally planned. The new item, one was a yard drain. Thi 
drains a water pocket in the alley outside the scope of the project. Without this drain 


part of the alley would have to be removed and replaced costing considerably more. The 


second new item is placing street lighting conduit in trench or boring under the streets ar 


alley approaches. By installing the conduit in the existing sewer trench saves the cost 
of pushing conduit at a later date. The average cost of pushing conduit is $6.00 per foot. 


Mergy Construction Co., Inc. is the contractor. 








“EFFECT OF PASSAGE To facilitate completion of this project. 








EFFECT OF NON-PASSAGE 








MONEY INVOLVED (DIRECT COSTS, EXPENDITURE, SAVINGS) $4,322.85 Increase 


ASSTGNED TO COMMITTEE 


BILE NO. 8S7057:11772 





REPORT OF THE COMMITTEE ON PUBLIC WORKS 
WE, YOUR COMMITTEE ON EURLLS WORKG TO WHOM WAS 


REFERRED AN (ORDINANCE) (RESOUMUEX ON ) approving 


Chang Order #1, Res. 6016-85, Pointiac Place 
NSA, Phase IV-B (Eckert), with Mergy Construction 


Co., Inc., in connection with the Board of Public 





Works and Safety of the City of Fort Wayne, Indiana. 




















HAVE HAD SAID (ORDINANCE) (RESOLUTION) UNDER CONSIDERATION AND BEG 
LEAVE TO REPORT BACK TO THE COMMON COUNCIL THAT SAID (ORDINANCE). 


— (RESOLUTION) 





YES 


á 
O 











~ SAMUEL J. TALARICO 
CHAIRMAN 


CHARLES B. REDD 
VICE CHAIRMAN 


PAUL M. BURNS 


DONALD J. SCHMIDT 


SANDRA E. KENNEDY 
CITY CLERK 


